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Message Text 


UNCLASSIFIED 

PAGE 01 SINGAP 05710 220716Z 
ACTION FBOE-OO 

INFO OCT-01 EA-09 ISO-OO SY-05 /015 W 

089328 /14 

R 220540Z DEC 76 
FM AMEMBASSY SINGAPORE 
TO SECSTATE WASHDC 6788 
INFO AMEMBASSY KUALA LUMPUR 

UNCLAS SINGAPORE 5710 

FBO FOR IVIE, EA/EX FOR SOLITARIO, SY/FO FOR HOLDA 

E.O. 11652: N/A 
TAGS: ABLD, ASEC 

SUBJECT: CHANCERY LOBBY SECURITY MODIFICATION PROJECT 
REF: SINGAPORE OM OF DECEMBER 1, 1976 

1 . EMBASSY HAS RECEIVED FIVE BIDS FROM CONTRACTORS COMPETING FOR 
CHANCERY MODIFICATION PROJECT. HIGHEST, AND TOTALLY UNREALISTIC BID 
WAS $99,705. TWO LOWEST BIDS WERE FOR $16,715 AND $15,291. 

DISCUSSIONS WITH TWO LOWEST BIDDERS SET FOR WEEK OF JANUARY 3-7. 
FOLLOWING DISCUSSIONS, WE WILL SELECT PREFERRED BIDDER. 

2. UNDER TERMS OF BIDS, EMBASSY RESPONSIBLE TO SUPPLY EMERGENCY 
REMOTE-START GENERATOR CAPABILITY AND DECORATIVE WALL PANELS. 
ESTIMATED COST $2,300. THIS AMOUNT IS IN ADDITION TO $16,906 
REQUESTED REF OM FOR GOODS AND MATERIALS WE MUST OBTAIN FROM US. 

3. ESTIMATED PROJECTS COSTS ARE, THUS: 

A. CONTRACTOR'S FEES $ 1 6,7 1 5 

B. EMBASSY SUPPLIED US MATERIALS 16,906 

C. EMBASSY SUPPLIED LOCAL MATERIALS 2,300 

D. FIVE PERCENT CONTINGENCY FOR 
UNFORSEEN CONTRACT CHANGES AND 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 SINGAP 05710 220716Z 

MODIFICATION 850 

TOTAL $36,771 

E. TO ABOVE TOTAL FIGURE, SHIPPING CHARGES NEED TO BE 
ADDED FOR US PROCURRED ITEMS. 

4. ACTION REQUESTED: THAT DEPARTMENT APPROVE THIS 
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PROJECT AND PROVIDE NECESSARY FUNDING DATA. 

HOLDRIDGE 

UNCLASSIFIED 

NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 22 DEC 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976SINGAP05710 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D760469-0395 
From: SINGAPORE 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t1 9761 220/aaaaaqyu. tel 

Line Count: 63 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBOE 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: vogelfj 
Review Comment: n/a 
Review Content Flags: 

Review Date: 17 JUN 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <17 JUN 2004 by chengls>; APPROVED <09 DEC 2004 by vogelfj> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
04 MAY 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: CHANCERY LOBBY SECURITY MODIFICATION PROJECT 
TAGS: ABLD, ASEC 
To: STATE 
Type: TE 
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